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FM AMEMBASSY ATHENS 
TO SECSTATE WASHDC 9992 
AMCONGEN FRANKFURT 
INFO AMEMBASSY BELGRADE 
AMCONSUL ZAGREB 

CONFIDENTIAL ATHENS 6083 

DEPT. FOR A/SY/T; FRANKFURT FOR RTC; BELGRADE FOR RSO; 
ZAGREB FOR PSO, FROM OIC/TSO ATHENS 

E.O.l 1652:GDS 
TAGS:ASEC 

SUB J : ACR MOVE AND RESTRICTED AREA RENOVATION ZAGREB 
REF: BELGRADE 3643; FRANKFURT 4600(NOTAL) 

1. TSO ATHENS VISITED THE AMCONSUL ZAGREB 6 AUGUST TO 
DETERMINE THE SCOPE OF THE PROPOSED RENOVATIONS TO BE 
ACCOMPLISHED WITH THE POST'S RESTRICTED AREA. 

2. LISTED BELOW IS A GENERALIZATION OF WORK REQUIREMENTS: 

A. REMOVED BLOCKED UP DOOR AND INSTALL DIEBOLD 
VAULT DOOR. 

B. DISASSEMBLE ACR AND STACK IN PRESENT PARENT 
ROOM. 

C. MOVE ALL CLASSIFIED INTO PRESENT PARENT ROOM 
(10 SAFE FILE CONTAINERS) 

D. REMOVE AND BLOCK UP PRESENT VAULT DOOR. 

E. PREPARE NEW PARENT ROOM. 
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F. REASSEMBLY OF ACR. 

G. CONSTRUCT PARTITION WALL IN VACATED PARENT 
ROOM. 

3. TSO ESTIMATES WORK WILL REQUIRE ONE TSO AND THREE 
SEABEES FOR 10 DAYS. PRESENT SCHEDULE CALLS FOR WORK TO 
BEGIN 22 SEPT. TSO PLANS TO UTILIZE BELGRADE RESIDENT 
SEABEE. AND ATHENS SEABEE. PROIECT WILL REQUIRE ONE 
ADDITIONAL SEABEE. SUGGEST FUNDING FOR BUCHAREST RESIDENT 
SEABEE TRAVEL OR ASSISTANCE FROM RTC SEABEE. 

4. REQUEST A/SY/T SHIP THE FOLLOWING ACR SUPPLIES TO 
BELGRADE FOR ARRIVAL PRIOR TO 22 SEPT. 

A. 500 SQ FT. OF ALUMINUM FOIL (FOR ROOM 
APPROXIMATELY 5X6X4 METERS). 

B. SUFFICIENT MASTIC FOR FOIL INSTALLATION. 

C. MASTIC APPLICATORS 

D. 4 ROLLS SCOTCH PLACTIC TAPE NO. 471 

E. 8 ROLLS SCOTCH ALUMINUM FOIL TAPE NO. 425 

F. TWO EACH 12 INCH DIAMETER 16 FT. EXPENDABLE 
AIRCONDITIONER DUCTS. 

G. SET OF 12 DRAPES. 

KUBISCH 
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